GENEEAL SPECIFICATIONS.
engaged upon the work. He is also required to join his work to that of others in a proper manner,^ and in accordance with the spirit of the plans and specifications, and to perform his work in the proper sequence in relation to that of other contractors, and as may be directed by the engineer.
M. L. H.
102.   Provision for Drainage.   Where the natural
surface drainage is likely to be interfered with by the work of the contractor, it may be specified that he shall maintain provision for such surface drainage during the progress of the work, and that he will be held liable for all damages from his neglect to comply with this provision. The clause may read as follows:
If it is necessary in the prosecution of the work to inter-rupt or obstruct the natural drainage of the surface, or the flow of artificial drains, the contractor shall provide for the same during the progress of the work in such a way that no damage shall result to either public or private interests. For any neglect to so provide for either natural or artificial drainage which he may have interrupted, he shall be held liable for all damages which may result therefrom during the progress of the work.
103.    Provision for Public Traffic.    If it becomes necessary in the prosecution of the work to obstruct the public streets or sidewalks,  and if it is practicable  to carry on the work without closing these streets against all traffic it should be specified that
The contractor shall make suitable and adequate provision for the safe and free passage of persons and vehicles by, over, or under the work, while in progress. Such provision to be made to the satisfaction of the engineer.
E. A. F.
104.    Contractor   to  Keep   Foreman   or Head Workman, and also Copy of Plans and Specifications On the Ground.    Whenever work is visited by the engineer or his  assistants  or  inspectors,   the   plans   and  specifications should be available for examination  and  if instructions are to be given for the further prosecution of the work or for any changes or corrections, some responsible person should always